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etc. This document is called the specifications. The drawings and this description are then referred to as the flans and Specifications.
In order to get open and general competition in doing the work a date is set on which bids will be received, and blank forms of proposals are prepared by the engineer which can be filled out by the bidders, and notices or advertisements are inserted in the papers and in the engineering journals calling the attention of contractors to this public letting. These and other accompanying documents will be discussed in the order of their sequence in actual practice.
ADVERTISEMENTS.
58. The advertisement should be as short as possible to contain the necessary information, in order to save expense. It should usually contain the requisite information on the following subjects:
(1)    A title indicating the kind of work to be done.
(2)    Place, date, and hour of opening the bids.
(3)    Person, company, or corporation letting1 the work.
(4)    An adequate description of the work, with especial reference to the kind and quantity (or cost) of work to be done.
(5)    Conditions of payment, if these are peculiar.
(6)    Instructions as to where   to obtain   plans,  specifications and blank forms of proposals.
(7)    Statement as to amount of cash or of certified check or of bond to accompany the bid.
(8)    A reservation of the right to reject any or all bids.
(9)    Any other peculiar feature, as the letting of the work In parts or as a whole; bids to be received only from experienced contractors, etc.